
Role of Program Support Communications (PSC) 


• Status of transition to FTS2000 services 

• Issues 
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• Swltehed-voice service was transitioned at all MASA sites 6/90 

• identified 170+ dedicated circuits t© be transitioned starting 
5/91 . Ail analog data services will be upgraded to digital service 

• identifying requirements by service type for submission to 
GSA. This will result In development of Implementation plans 
and schedules for those services that FTS2000 can satisfy 

• Transition costs are funded by Code O 


aasajsc 
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NASA's Use of FTS2000 Services 


ISSUES 


• Intervals for service Is now 89 workdays (121 calendar days) 
after GSA approval 

• Backbone diversity is not an FTS2OO0 offering 

• Availability of DS-3 facilities 

• Extended Superframe Format (ESF) monitoring of T-1 facilities 

(facility data link) 


© 


Services not presently available require contract modification 
(upscale) 

NASA-PSC 
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